
Tanza Water District (TWD) 
Programs and Projects 2018 


Project Title 

Location 

Beneficiaries 

Approved Budget 
(Contract Price) 

Mode of 
Procurement 

Contractor/ 

Supplier 

Project Status 

Remarks 

Re-painting of Elevated Steel 
Tank(lnterior) 

Promise Land Subd. Brgy Bucal, Tanza, 
Cavite 

Concessionaires 

of Promise Land 
Subd. 

Php 300,000.00 

Php 51,150.00 

Request for 
Quotation 

Nueca Pumpworks 
Service 

Completed 
February 2018 


Summer Crest Subd. Brgy. Sahud-Ulan, 
Tanza, Cavite 

Concessionaires 
of Summercrest 
Subd. 

Php 300,000.00 

Php 181,150.00 

Request for 
Quotation 

W. Templo Metal 

Works and 
Construction 
Supply 

Completed 
February 2018 


Pull-out and Install of Pump and 
Motor 

Promise Land Subd. Brgy Bucal, Tanza, 
Cavite 

Concessionaires 

of Promise Land 
Subd. 

Php 350,000.00 

Php 234,560.00 

Request for 
Quotation 

Nueca Pumpworks 
Service 

Completed 
February 2018 


Pump and Motor Upgrading 
(5.0hp to 7.5hp) 

Promise Land Subd. Brgy Bucal, Tanza, 
Cavite 

Concessionaires 
of Promise Land 
Subd. 

Request for 
Quotation 

Nueca Pumpworks 
Service 

Completed 
February 2018 


Pull-out and Install of Pump and 

Motor 

A. Soriano Highway, Tanza, Cavite (PS-1) 

Concessionaires 
of Tanza Area 

Php 350,000.00 

Php 337,290.00 

Request for 
Quotation 

Spandex Marketing 

Corporation 

Completed 
March 2018 


Supply and Delivery of 30hp 

Submersible Pump and Motor, 
Submersible Cable, Bushing 
Reducer and "Delta" VFD 

A. Soriano Highway, Tanza, Cavite (PS-1) 

Concessionaires 
of Tanza Area 

Request for 
Quotation 

Spandex Marketing 
Corporation 

Completed 
March 2018 


Excavation, Backfilling with 
Compaction and Pipe Laying 

Heart Foundation Phase II, Brgy. Punta 1, 
Tanza, Cavite 

Heart 

Foundation 
Phase II, Brgy. 
Punta1 

Php 94,660.50 

By Administration 


Completed 
August 2018 


Proposed Concrete Perimeter 

Fence 

Amaya II, Tanza, Cavite 

Concessionaires 

of Amaya 

Php 1,280,657.60 

Php 1,271,639.71 

Public Bidding 

R.A. Yolangco 

Construction 

Completed May 
2018 


Flow Meter and Test Bench 
Calibration Service 

Tanza, Cavite 

Concessionaires 
of Tanza Service 
Area 

Php 46,500.00 

Php 42,500.00 

Public Bidding 

Intrusolution 
System Inc. 

Completed 
October 2018 






































Well drilling, Acquisition and 
Installation of Electro¬ 
mechanical equipment including 
accessories and discharge and 
test line. 

Amaya II, Tanza, Cavite 

Concessionaires of 
Amaya 

Php 4,307,820.00 

Php 4,206,100.00 

Public Bidding 

Interactive Drilling 
Corporation 

On-going 


Sta. Cecilia II Subd. Brgy. Julugan VIII, 
Tanza, Cavite 

Concessionaires of 
Sta. Cecilia II 
Subd. and Julugan 

Public Bidding 

Interactive Drilling 
Corporation 

On-going 


Service Entrance Pole 

Sta. Cecilia II Subd. Brgy. Julugan VIII, 
Tanza, Cavite 

Concessionaires of 
Sta. Cecilia II 
Subd. and Julugan 

Php 40,000.00 

By Administration 


Completed 
December 2018 


Service Entrance Pole 

Amaya II, Tanza, Cavite 

Concessionaires of 
Amaya 

Php 40,000.00 

By Administration 


Completed 
December 2018 


Procurement of Chlorine Dioxide 
(5520 kgs.) 

TWD Office 

TWD 

Php 1,932,000.00 

Php 1,932,000.00 

Public Bidding 

MCDEAN Trading 

On-going 

delivery 

Delivery will 
end June 2019 

Key Pro Software 

TWD Office 

TWD 

Php 235,000.00 

Request for 

Quotation 

SRDP Consulting 
Inc. 

On-going 
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